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ROUTING AND RECORD SHEET 


SUBJECT: (Optional) 


ICE OF LOGISTICS 5 YEAR PLAN AND FY-83 MB0 ' s 


FROM: 


Acting Chief, 

Printing and Photography Division, 0L 


EXTENSION 


NO 0L - 2- 3944 (Ref. 0L-2-STATI 

CD I M I 


DATE 


August 30, 1982 


TO: (Officer designation, room number, and 
building) 


DATE 


RECEIVED FORWARDED 


OFFICERS 

INITIALS 


COMMENTS (Number each comment to show from whom 
to whom. Draw a line across column after each comment.) 


1 . 


3. 


4. 


6 . 


8 . 


10 . 


11 . 


12 . 


13. 


14. 


15. 


Chief, Plans and 
Prog rams Staff, 0L 
Room 


Attached, per your request, 
is P$PD's input to the 0LSTAT 
Five-Year Plan and FY-83 
MBO's. 


STAT 


FORM 41 ft USE previous 

1-79 W 1 W 


EDITIONS 
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OfTicr- 0L/P5PD 

Objective Statement: Implement 

; i c poi ) 3 j bl e Officer: 

S ; gn i i i c an t Fu nrl i n g A 
barter Ending: 




the ni pital Prepress System (3 Year Project) 
FY 83 


5 ~/‘ 


0 - Scheduled 
X - Actual 


2 ! 

25) 


Activities Planned 


, !ll ! tlal testing, operation and 
evaluation of the 00COM laser 
P i atomaker . 


g ’ Older Black and White Electronic 
camera. 


Installation, testing and 
evaluation of Black and White 
Electronic Camera. 


4. Order and install 
pagination system. 


CAMEX ’’testbed” 


Prepare detailed specification for 
interactive Area Composition and File 
Management System ( IACFM) 


6. Prepare a final report on testbed 
pagination system. 


7. Based on detailed specifications 
for IACFM and on results of pagination 
system testbed, conduct a market survey 
oi available equipment and prepare a 
linai report with recommendations. 


8 * Pnsed on results of items 5-7 
e i t h * r : 

a. Picpare and release a Request for 
Proposal (RFP) for an IACFM 
n . !. : d e r reco m men d e d IACFM 



” - - - r « 4 ! { 
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